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NOTIFICATIONS BY GOVERNMENT 


RIGHT TO 
INFORMATION 


G.627 


AHDD & F Department - Selection of Agency for supply of fully equipped 165 Mobile 
Ambulatory Veterinary Clinics ( MAVCS ) as part of Phase - II of the Mobile Ambulatory 
Veterinary Clinics Project - L1 Rate & L1 firm - Approved -Orders - Issued . 

ANIMAL HUSBANDRY , DAIRY DEVELOPMENT & FISHERIES ( AH.I ) DEPARTMENT 


G.O.Rt.No. 195 


GOVERNMENT OF ANDHRA PRADESH 
ABSTRACT 


ORDER : 


1. G.O.Ms.No.29 , of AHDD & F ( AH.I ) Department , dt.07.07.2021 . 

2. Letter No.K - 11053 ( 5317 ) / 14 / 2021 - LH , Gol , Ministry of Fisheries , Animal 
Husbandry and Dairying , Department of Animal Husbandry & Dairying , Dt : 30 
09-2021 . 

3. Minutes of the Meeting of SLSC communicated vide Letter No.AGC02 
17025 / 16 / 2021 - Agri.II , Dt : 01-11-2021 , A & C ( AGRI.II ) Department , G.o.AP. 
4. G.O.Ms.No.7 , AHDD & F ( AH - I ) Department , Dt : 14-03-2022 . 
5. From the Director of Animal Husbandry , A.P. , Vijayawada , Lr.Roc.No.AHF02 
COOROEXAG ( FUNA ) / 10 / 2022 - V - MVC - DAH , Dated : 08.06.2022 & 16.07.2022 . 


-o0o 


Dated : 25.07.2022 . 
Read the following : 


In the circumstances reported by the Director of Animal Husbandry , Andhra 
Pradesh , Vijayawada in the letters 5th read above , Government hereby approve the L1 
Rate @ Rs.26,60,186.90 / - per vehicleand L1 firm i.e. , M / s Tata Motors Pvt Ltd finalized 
by the Tender Evaluation Committee for supply of 165 Mobile Ambulatory Veterinary 
Clinic Vehicles as per the Administrative sanction accorded vide G.O. 4th read above . 


2. Government hereby also approve the Letter of Award ( LOA ) and permit the 
Director of Animal Husbandry to issue LOA ( Letter of Award ) and also to enter into 
agreement with the L1 firm i.e. , M / s Tata Motors Pvt Ltd , to supply the vehicles as per 
RFP with full fabrication to the locations specified by the Department . The approved 
LOA is appended to this order . 


3. The Director , Animal Husbandry Department , A.P. Vijayawada shall take 
necessary action accordingly duly following the prescribed rules and procedures in 
vogue . 

( BY ORDER AND IN THE NAME OF THE GOVERNOR OF ANDHRA PRADESH ) 


POONAM MALAKONDAIAH 

SPECIAL CHIEF SECRETARY TO GOVERNMENT ( FAC ) 


To 

The Director , Animal Husbandry Department , A.P. , Vijayawada . 
Copy to : 

The Department of Animal Husbandry & Dairying , Ministry of Fisheries , 

Animal Husbandry and Dairying , Government of India , New Delhi . 

The OSD to Minister ( AHDD & F ) . 


The ODB S. to Spl.C.S. to Government , AHDD & F Department . 

The Accountant General , A.P. , Vijayawada . 

The PAO , Ibrahimpatnam , A.P. , Vijayawada . 

The Director of Treasuries and Accounts , Ibrahimpatnam , A.P. , Vijayawada . 
SF / SCs ( Computer No.1754824 ) . 


// FORWARDED :: BY ORDER // 


T. Noush 

SECTION OFFICER 


Annexure 

G.O.Rt.No.195 , AHDD & F ( AH - I ) Department , Dated : 25.07.2022 . 

LETTER OF AWARD 


Ref .: Tender Notice No -05 / DAH FARMS / 2022 
Date : 23/03/2022 


To , 

M / s.TATA Motors Limited , 

Address : Bombay House , 


1st Floor , 24 , HomiMody Street , Fort , 
HutatmaChowk , Mumbai - 400001 , 
Maharashtra . 


Kind Attention : 


Letter of Award - Selection of Agency for Supply of Fully Equipped 
Mobile Ambulatory Veterinary Clinics ( MAVCs ) in Andhra Pradesh . 

Ref .: 

Your Proposal ( L1 ) w.r.t. , reverse tendering ; dated : 18/05/2022 

1. This has reference to the proposal ( the capitalized terms used herein shall have 
the same meaning as set forth in the Request for Proposal ) submitted by your 
firm to Director of Animal Husbandry , Andhra Pradesh ( the " Authority " ) in 
response to the Request for Proposal issued by Authority on 23/03/2022 . 


1 


Sub : 


2. With reference to your aforesaid bid / proposal being the Lowest Quote ( L1 ) for 
Supply of 165 No.s MAVCs ( as mentioned in the table below ) as quoted by you 
during the reverse tendering process ( as per G.O.Ms. No. 79 Finance ( HR.V 
TFR ) Department ; Dated : 10-06-2021 ) as mentioned in clause 5.4outlined in the 
subject RFP bythe Authority . 

S.No Details of Items 


Mobile Ambulatory 
Vehicle 


Opening Price ( In INR ) per 
Vehicle 

3304580.00 


.07.2022 . 


3. The performance security of 3 % of the Contract value ( in terms of INR ) to be paid 
by the Selected / Successful Bidder ( to be renewed and be valid at all times till 
the completion of the assignment ) so as to execute the assignment , shall be 
submitted in the form of Bank Guarantee in the specified format Within 15 days 
from the date of receipt of notification of award which shall be one among the 
condition precedents for signing the Contract agreement with the Authority . 


Estimated Value / IBM 

Quoted Amount ( A ) 

% Quoted less 


L1 Price ( In INR ) 
per Vehicle 
2660186.90 


4. As per G.O.Ms.No.94 IRRIGAION AND CAD ( PW -COD ) DEPARTMENT : 
Dated : 01-07-2003 and G.O.Ms. No. 50 WATER RESOURCES ( REFORMS ) 
DEPARTMENT ; Dated 15-10-2020 for Tenders up to 25 % less ( -25 % ) than the 
estimate may be accepted . Tenders which are less beyond minus 15 % { ( < -15 % ) } 
of the estimate but up to minus 25 % , a Bank Guarantee or Demand Draft for the 
difference between the tendered amount and 85 % of the estimate value should 
be taken , over and above other guarantee , which would be released after the 
completion of work with other Bank Guarantees . 


5. Apropos to the above , additional performance security as stated above shall also 
be submitted for the same . The details of the same are as below : 


85 % of the Estimate Amount ( B ) 

Difference ( B - A ) 

Additional Performance Security ( BG / DD ) 

required to be submitted for 165 MAVCs 


Rs . 36,00,000 / MAVC 
Rs . 26,60,186.90 / MAVC 
-26.11 % 


Rs . 30,60,000 / MAVC 
Rs . 3,99,813.10 / MAVC 

Rs . 6,59,69,161.50 


6. The Additional Performance Security shall be submitted within 15 days from the 
date of receipt of notification of award / letter of award which shall be one among 
the condition precedents for signing the Contract agreement with the Authority . 


7. The Performance Security shall be forfeited as Damages without prejudice to any 
other right or remedy that may be available to the Authority under the 
RFP / Tender Documents or otherwise , under the following conditions : 


i ) In the case of Selected Bidder , if it fails to fulfil the assignment as 
mentioned in the RFP . 


ii ) 

In the case of Selected Bidder if it fails to execute the Assignment as per 
the deliverables agreed with the Authority in the agreement . 


iii ) Within 15 days after the Supplier's receipt of Notification of Award , the 
Supplier shall furnish Performance Security to the Authority for an amount 
of 3 % of the contract value.All other conditions pertaining to performance 
security shall be as per RFP . 


iv ) Make all necessary arrangements to sign and execute the Agreement with 
the Authority within Seven ( 07 ) days from the date of issue of this LoA . 

v ) Carry the entire assignment as per the scope entailed in RFP & 
Agreement . 

vi ) Critical Timelines : 


a . Drawing submission & approval - 7 days from the date of issue of LoA 
b . Prototype -Not later than 15 days post drawing approval 

c . Delivery -Supply of 165 MAVCS ( as per T & C of RFP & Agreement ) 
before 90 days - post prototype approval 


8. The price shall be inclusive of Manufacturing ( as per the specifications 
mentioned in clause 4 of the RFP ) , Packaging , delivery ( transportation ) to the 
District Head Quarters as assigned by the Authority during the 
Agreement ( including the equipment as per the T & C of the RFP ) and any other 
taxes / levies excluding GST . 


9. Please note that , your firm's failure or inability to fulfil any of the requirements 
stipulated in para [ 3 to 7 ] above shall render your proposal liable for rejection / 
disqualification and forfeiture of Bid Security furnished by you and this LoA shall 
stand withdrawn . 


10. In addition to the above , you shall comply with all other provisions / requirements 
of the RFP in their entirety . 


We look forward to an early fulfilment of the above - mentioned requirements by you . 
Kindly acknowledge the receipt of this LoA by signing the duplicate copy as a token of 
your acceptance within three ( 3 ) days from the date of issue of this LoA . 

Thanking you 

For Director of Animal Husbandry , Andhra Pradesh 

Authorized Signatory 

Agreed and Accepted : 

Signature of the Authorized 

Signatory of M / s.TATA Motors Limited 


Name and Designation : 

( Rubber Stamp of the Company ) 


POONAM MALAKONDAIAH 

SPECIAL CHIEF SECRETARY TO GOVERNMENT ( FAC ) 


